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PAGE 01 ATHENS 01305 101040Z 
ACTION SY-05 

INFO OCT-01 EUR- 1 2 ISO-OO OC-06 CCO-OO FBO-02 SYE-00 /026 W 

101042Z 122586/15 

P 101003Z FEB 77 
FM AMEMBASSY ATHENS 
TO AMEMBASSY TEL AVIV PRIORITY 
INFO SECSTATE WASHDC PRIORITY 9049 

CONFIDENTIAL ATHENS 1305 

TEL AVIV FOR GSO/CRU/TCU 

DEPT FOR OIC/NSU - OC/PE 

E.O. 11652: XGDS-2 
TAGS: ASEC NSU 

SUBJECT: CCC POWER RENOVATION TEL AVIV 

1 . THE CC RENOVATION SCHEDULED COMMENCE O/A FEBRUARY 15 
WILL REQUIRE THE SERVICES OF UNSKILLED LOCAL LABORERS. 

THESE LABORERS WILL BE UTILIZED TO TRANSPORT POWER TRANSFORMERS 
AND SWITCHING EQUIPMENT TO THE FIFTH FLOOR AREA. REMOVE DEBRIS 
(OLD FALSE CEILING AND WALL COVERING, OLD AIR CONDITIONER 
DUCTWORK. RUBBLE FROM NEW WALL PENETRATIONS), TRANSPORT 
CONSTRUCTION MATERIALS TO DESIRED LOCATIONS AND ASSIST RENOVATION 
TEAM WITH CONDUIT/CABLE PULLS. 

2. ESTIMATE TWO LABORERS WILL BE REQUIRED ON A FULL-TIME BASIS 
FOR THE FIRST SIX WEEKS OF THE RENOVATION. 

3. ATO ATHENS WILL ASSUME TEL AVIV CAN SUPPORT THIS RE- 
QUIREMENT UNLESS ADVISED OTHERWISE. 
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